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PHYSZCALLY REMOVE ALL INTERNAL REFERENCES BY DATE TIME GROUP PRIOR 
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ChE 8 OCT 59 PD REQUEST PARTS I THROUGH V BE PASSED TO ARPA IN RESPONSE 
(‘70 WEFERENCED SESSAGE PD PART 1 PD THIS MESSAGE IS SUBMITTED IN 

d V 
AATICIFATLON OF A REVISED SANOS DEVELOPHENT PLAN AND SAMOS OPERATIONS 
ANWEX TD 3E PRESENTED IN LATE NOVEM3ER 59 PD CURRENT CONTRACT | 
wEaOTIATIONS CHR WHICH VILL DEFINITIZE THE PROGRAM AND ATTENDANT costs 
Sri dILL BE THE JASIS OF THE REVISED DEVELOPKENT PLAN AND ANNEX PD THE 
F OLLOWING IS CONCERNED ONLY WITH PLANNED PROGRAK CHANGES SUBSEQUENT __ 
-3 In— SO JAsUASY 59 SANUS DEVELOPHENT PLAN PD PART II CLI GROUAC 


wicES FuR ThIS ESTIMATE CBF. AND THOSE JEING USED BY AFBMD ON PREPARING © 











thE KEVISED PLAN AND ANNEX ARE AS FOLLOWS CLN A. TOTAL FY6® FUNDS 
AUTKORIZED FOR THE SAMOS R AND D PROGRAN IS $148 BILLION PD MAXIBUN - 
EFFORT £S BEING MADE TO ATTAIN ALL DIRECTED R AND D OBJECTIVES can” 
TATLUDING THE FOUR-LAUNCH RECOVERY PROGRAK CHR WITHIN THIS FUND. 
CEILING PD CONTHACTOR MAS BEEN DIRECTED TO ADJUST HIS SPENDING TO THE. 


A LINS PD 3. TARGET DAT: FOR FIRST SAMOS R AND D LAUNCH": 
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C. THE COMPLETION DATE o THE RAND: D Laimcn SCHEDULE CHM NOW: PLANNED For 
MAY 1962 ChM IS CONTINGENT UPON EARLY. AVAILABILITY. OF THE 65-1 | 
CUNPLEX AT VAFS FOR R AND D PUPOSES PO. prc1s10u TO RAKE 65-1. AVAIL- | 
ASLE FOR THIS PUPOSE MUST BE MADE BY DECEMBER 59 IF THE SCHEDULE IS TO" 
si MET PD PART III Pi BASED ON THE ABOVE GROUND RULES THE FOLLOVING _ 
avCS FLIGHT SCHEDULE IS ESTABLISHED PD © ve pos : 
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PART IV PC FLIGHT CONFIGURATIONS ARE AS FOLLO¥S CLN FLIGHTS 1 CHM 2 AND 

3 ARE DUAL PAYLOAU CRM SINGLE TANKAGE AGENA VEKICLE Ch® MODIFIED ATLAS 

> BSCSTER AS PREVIOUSLY PLANNES PD FLGHTS 4 THROUGH 18 ARE SIGNEL 

PAYLOAD ChM DUAL TANKAGE AGENA VEMICLE CMM WITH ORBITAL ADJUST CAPABIIL- 

ITY CMM MOISIFIED ATLAS D BOOSTER PD THE CHANGE TO DUAL TAKKAGE FOR 

Saco USE WAS BASED ON PRODUCTION AND STAND MODIFICATION CONSIDERA- 

T1oeS IN VIEW OF ALL OTKER AGENA PROGRAMS USING THIS CONFIGURATION CLN 
“PART V. THE E-S VISUAL RECOUNAISSANCE PAYLOAD IS BEING INVESTIGATED TO 

DETERMINE APPROACH AND SCHEDULE FOR A FIVE FOOT GROUND RESOLUTION 

REAUVOUT SYSTEN PD PART VI PD FACILTIY REGUIREMENT REFLECT THE 

FULLOWVING ADDITIONS CLW A. TRACKING AND DATA ACQUISITION STATION CHR 

Fi, STEVENS CNet OREGON PD DESCRIPTION AKD UTILIZATION OF THIS STATION 


AKE AS XsDICATED FOR THE NEV 30ST On and OTTUMWA STATIONS IN _. 
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AF ts 28605 (28 Cet 39) 
EP JASUARY 59 DEVELOPRENT PLAN PD THIS FACILITY WILL SUPPORT 
OPERATIONAL REQUIREMENTS CAM IN PLACE OF THE INTERIM VAF2 STATION CRP 
"BND WILL SE DEALT WITH IN DETAIL IN THE SAMOS OPERATIONS ANNEX TO THE 
ZEVELOPHENT PLAN TO BE PRESENTED IN NOVEMBER 59.PD B. EARLY FIX Po THE 
“# AsD D PROGRAM FOR THE DATA PROCESSING SUBSYSTEM OF SAMOS IS | 
FROCEESI¥u AS OUTLINES IN ThE JANUARY’ DEVELOPENT PLAN WITN CERTAIN. 
SOSIFICATIONS REQUIED BY DIRECTIVES FROM HC USAF AND ARPA PD THES: 
MODIFICATIONS CUNCER A SHIFT IN THE LOCATION FOR ACCOMPLSIHING A 

Hhduh PoLTIQ3 OF THE R AND D SYSTER TESTING FROM THE COKTRACTORS 
FACILITIES AT DENVER TO THE IPC AT OFFUTT afd PD THE TOTAL SCOPE 

Cuz PURPUSE CAR ONJESTIVES AND TECHNICAL COMPOSITION OF THE PROGRAK 
rEtALNS ThE SAME AS REPORTED WITH THE ADDITION OF A PACKAGE OF 

we ciPYENT AGD A CoMPLEMEST OF PERSONNE. TERMED EARLY-FIX PD THIS 

PASNAGE t> PART OF THE OPERATIONAL AWNEX TO THE CEVELOPRENT PLAN 

ale SEINs HEVISES PL THE EGUIPRENT AND PERSONNEL ARE REQUIRED TO 

“2 VILE THE AIP FORCE OPERATING SQUADRON AT OFFUTT AFB WITH THE 

Sadia ITY PROCESS THE DATA SEVERATED 3Y THE INITIAL RAND DSARCS 
TEST FLSeTS PO TRIS EQUIPRENT BAY BE EVENTUALLY INTEGRATED INTG 

ini QPERATIQAL SYSTEM AS 17 IS DEVELOPED AT CFFUTT AFS PD DETAILES 
SAITEATA FOR TnalS PACKAGE INIDCATES A TOTAL OF 12008 SQUARE FEET 
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WILL 3E REQUIRED AT A COST OF $.2 MISSION PD C. IPC/TOCC 


PD IN ORDER 
TO FULLY SATISFY AND CONFORM WITHTHE DIRECTIVES RECEIVED CBF THE 


STRUCTION PROGRAM FOR THE CENTRAL OPERATING IPC/TOCC FACILITY HAS 


DEEN ACCELERATED PD THE DETAILED CRITERIA FOR THIS INDICATES THAT A 
TUTAL OF 216082 © FT WILL BE REQUIRED FOR THE COM3INED INTEGRATED 
FHOILTIY FOR A TOTAL COST OF $5.5 KILLION CONSTRUCTION FUNDS PD THIS 


| aEFESEATS AN INCREASE OF 66808 SO FT AND $1 KILLION OVER THE 


AMJUITS ESTIMATED IN THHE OPERATIOWAL ANNEX OF THE JANUARY DEVEL OPMENT 
PLAN PD 
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